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IV.   MINOR TANKS EESTORATION SCHEME.

15.    Rules governing the restoration and construction Enies for the
of minor tanks in Mysore.

Preparation of Programme, etc.

(1)  The Deputy Commissioners of Districts should,

as soon as the scheme comes into operation, prepare a

list, in a form to be prescribed by the Revenue Conmiis-

.sioner, of all unrestored minor tanks in their respective

districts and get the same printed. Copies of the printed
list should be supplied to the Revenue Commissioner and
Government.

(2)  From the list prepared under Rule (1), the tanks
intended for restoration in the ensuing year should be
selected before the end of March.    Tanks which urgently
require repairs and which would also be remunerative,
should be first selected. As a general rule, tanks, the cost of
restoration of which does not exceed twenty tunes the as-
sessment from the irrigable area under them, should be given
preference.    Exceptions may,  at  the  discretion  of the
Deputy Commissioner, be allowed in special cases.

(3)  In exceptional cases, the entire cost of the re-
storation of a tank may be met by Government; but such
cases should be very few and sanction of Government will
be given only when strong grounds exist.

Preparation of Plans and Estimates.

(4)  When the required number of tanks are selected,
immediate steps should be taken to have correct plans
and estimates prepared.    For the present, Government
will provide the  necessary  agency  for the purpose of
furnishing plans and estimates.    The  ultimate  aim  of
Government, however, is that the people should be able,
in  course  of  time, to get  these done themselves, the
function of the Government officers being limited to the
checking of estimates and the measurement of work done.

(5)  Plans and estimates should ordinarily be pre-
pared by the Maramat Agency or by such other additional
establishment as may be sanctioned for the purpose by
Government from time to time*

(6)  Whenever a project for the restoration of a
minor tank involves the improvement of its capacity, the
plans and estimates should be scrutinised and counter-